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Treasury Department, ) 
OFFICE OF THE SUPERVISING ARCHITECT. [ 
Form I 34.— K«l. 4 18 WJ 8.000. j 


CONTRACT 


X 


BETWEEN THE 
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41 

42 
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44 

45 

40 
47 


and siicl) other detail drawings as may be furnished to the party of the second part by the Supervising Architect of the United States 


Treasury Department; the advertisement for proposals, dated 
Information the specification for the work ; the proposal dieted Ky Jt 
Supervising Architect by the said party of the second-part; and letter mited 
to the said party of the second part by Y/ .:r¥ • 
accepting said proposal: 



» 1.89/, “General Instructions and 
, 189^/, addressed to the said 
, 189^, addressed 

Secretary of the Treasury, 


a true and correct copy of each of which said papers is attached hereto and forms a part of this contract; and which said numbered 
drawings, bearing the signature of the said Supervising Architect and the signature of the said party of the second part, are on file in 
the Ollice of the Supervising Architect of the United States Treasury Departments and are hereby made a part of this <*ontract. —_ 





























1 And tin* said party of the second part further covenants and agrees that all of the materials used shall be of the very best quality; 

2 1,1511 aU 01 ,hl> work performed shall lie executed in the most skillful and workmanlike manner; aud that both the materials used and 
.1 tlu* work pet formed shall be to the entire and complete satisfaction of the said Supervising Architect, 



It is further covenanted and agreed that the entire work shall be completed within 


-LLum the date of the approval of the bond hereto attached; 


Id that any particular portion of the work herein provided for shall be completed within such reasonable time as may be hereafter 

14 definitely specified by the said party of the first part in written notice to the said party of the second part: aud that should the said 

1«> party of the second part fail to complete the entire work or any particular portion of the work within the time so specified, then the 
Hi said party of the second part shall forfeit to the said party of the first part QaJ'— dollars 

li per diem, as liquidated damages, for each aud every day thereafter until the completion of the same; provided, that if, through any 

18 fault of the party of the first part, the party of the second part is delayed in the execution of the work included iu this contract, the 
11> party of the seeoud part shall be allowed oue day additional to the time above stated for each and every day of such delay so caused, 
20 the same to be ascertained by the Supervising Architect; provided, further, that no claim shall be made or allowed for damages which 
-1 may arise out of any delay caused by the party of the first part __—----- 

22 The party of the second part further covenants and agrees to hold and save the United States harmless from and against all and 

23 every demand, or demands, of any nature or kind, for, or on account of, the use of any patented invention, article, or appliance, 

24 included in the materials hereby agreed to be furnished under this contract. . ■ - ■ — 

2.') _______ It is further covenanted and agreed by aud between the parties hereto that the said party of the second pail will, at • 1 — 


26 own expense, comply w ith all municipal building ordinances aud regulations, iu so far as the same are binding upon the United States, 
‘27 and obtain all required licenses and permits, and be responsible for all damages to person or property w’hicli may occur in connection 

28 with the prosecution of the work; that all work called for by the draw ings and specifications, though every item be not particularly 

29 shown on the first or mentioned in the second, shall be executed aud performed as though such work were particularly shown and 

30 mentioned in each, respectively, unless otherwise specifically provided; that all materials and work furnished shall be subject to the 

31 approval of the said Supervising Architect; aud that said party of the second part shall be responsible for the proper care aud 

32 protection of all materials delivered and work performed by 7 ^L< 4 _ until the completion and final acceptance of same 

33 _ it is further covenanted aud agreed by and between the parties hereto that the said party of the second part will make any 

34 omissions from, or additions to, the work or materials herein provided for whenever required by said party of the first part ; the 

35 valuation of such work and materials, if not agreed upon, to be determined on the basis of the contract unit of value of material and 

36 work referred to: or, in the absence of such unit of value, ou prevailing market rates; which market rates, iu case of dispute, are to 

37 be determined by the said Supervising Architect, whose decision with reference thereto shall be binding upon both parties; and that uo 

38 claim for damages, on account of such changes or for anticipated profits, shall be made or allowed. — 

3 Jt _ It is further covenanted and agreed that uo claim for compensation for any extra materials or work is to be made or allowed. 

40 uuless the same be specifically agreed upon iu writing or directed in writing by the party of the first part; aud that no addition to, or 

41 omission from, the work herein specifically provided for shall make void or affect the other provisions or covenants of this contract, 

42 but the difference in the cost thereby occasioned, as the case may be, shall be added to or deducted from the amount of the contract; 

43 aud, iu the abseuce of au express agreement or provision to the contrary, uo addition to, or omission from, the work horeiu specifically 

44 provided for shall be construed to exteud the time fixed herein for the final completion of the work.- ——-______ 

45 _ it is further covenanted mid agreed by and between the parties hereto that all materials furnished aud work done under this 

46 contract shall be subject to the inspection of the Supervising Architect, the superintendent of the building, aud of other inspectors 

47 appointed by the said party of the first part, with the right to reject any and all work or material not in accordance with this contract: 

48 and the decision of said Supervising Architect as to quality and quantity shall be final. Aud it is further covenanted aud agreed by 
4 !) and between the parties hereto that said party of the second part will a tdhi .— expense, within a reasonable lime to be specified by 

50 the Supervising Architect, remedy or remove any defective or unsatisfactory material or work; and that, iu the event offailure 

51 immediately to proceed and faithfully continue so to do. said party of the first part may have the same done and charge the cost 

52 thereof to the account of said party of the second part. ■ ----- 

53 u is further covenanted and agreed by and between the parties hereto that until final inspection and acceptance of. and payment 

54 for. all of the material and work herein provided for, no prior inspection, payment or act is to be construed as a ' 


the party of the first part to reject any defective work or material or to require the fulfillment of any of the terms ot the contract. 
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It is further covenanted and agreed by and between the parties hereto that if the said party of the second part shall fail to 
"Tonipiete the work herein contracted for, or any part thereof, in accordance with this agreement within the time herein provided for, or 
shall fail to prosecute said work with such diligence as in the judgment of the party of the first par. will insure the completion of the 
said work within the time hereinbefore provided, the said party of the first part may withhold all payments for work in place unti 
final completion and acceptance of same, and is authorized and empowered, after eight days’ due notice thereof* writing, served per- 
sonally upon or left at the shop, office, or usual place of abode of the said party of the second part, or withT^,' agent, and t .c 
said party of the second part having failed to take such action within the said eight days as will, in the judgment of the said party 
of the first part, remedy the default for which said notice was given, to take possession of the said work in whole or in part and of all 
machinery and tools employed thereon and all materials belonging to the said party of the second part delivered on the site, and, at the 
expense of said party of the second part, to complete or have completed the said work, and to supply or have supplied the labor, 
materials, and tools, of whatever character necessary to lie purchased or supplied by reason of the default of the said party of the 
second part; in which event the said party of the second part shall be further liable for any damage incurred through such default 
ami any and all other breaches of this contract., 


_ And the said party of the first part, acting for and in behalf of the United States, covenants and agrees to pay, or cause to be 

paid, unto the said party of the second part, or to ^JM/S L-l£ (Zcfoys $TS. ayCL&e/s&Ttd' - ■ — 

JL - 

17 in lawful money of I he United States, in consideration of the herein recited covenants and agreements made by the party of the second 


V 


15 

16. 


IS part, t lie 
19 


i niviU/j yji i ui u mivu utaivof i *.i uv */l * /f — 

e sum cV {L^> .(uucCitcf <U) X 



30 


- d 31 

32 

33 

34 

35 


, __ Aud the party of the first part covenants and agrees that payments will be made in the following manner, viz: 

i _ per cent ( '-{UMJb _tenths) of the value of the work executed and actually in place, to the^Satisfaction 

of the party of the first part, will be paid from time to time as the work progresses (the said value to be ascertained by the party of the 

firet part), and Xm* _ per cent ( juju (/J tenth) thereof will be retained until the completion of the entire work, and the 

approval aud acceptance of the same by the party of the first part, which amount shall be forfeited by said party of the second part in 
the event of the nonfulfillment of this contract; it being expressly covenanted aud agreed that said forfeiture shall not relieve the party 
of the second part from liability to the party of the first part for any and all damages sustained by reason of any breach of this contract. 
It is an express condition of this contract that no Member of Congress, or other person whose name is not at this time disclosed, 


36 

37 


shall be admitted to any share in this contract, or to any benefit to arise therefrom; and it is further covenanted and agreed that this 
contract shall not be assigned. - ■ - - - -- ———- 



HV heretty certify that this contract and bond have bren correctly prepared and 
compared: 



Chief of the Law and Records Division. 


6Y) • / TV /, 

— '<^j<cXr.aAC/...\. V- . 


Chief of tjtf Computer's Division. 


Witnesses to the signature of the Contractor: 

s / Y —/ 


'Ll 

ntyteii 


</ y • li 

MbUu.Q'Urw 
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BOND. 


-—p — Know aU men tnj these presents, tm \ve^,, _ 

;t •HXjUtieM, UM m cluajd of pjfoofi- > 

l , 4M/i /" 


fj. 



l/ 


s \\ u 




5 of the City of -Jjt * t 
0 State of ^Hjrra 

7 oftheCityof 

8 State of tfdr/a 

9 of the City of £J/jauma/ 
10 State of CfLouio 


, County of a 


ref. 


, principal*#, and (AMotlk£Wll 

, County of (aM ifaJure/ 


and 


and 


11 the sum o Hu ticl ydJ [/f 00 °' J 


, and (C/t 

, County o^LUf and 

, sureties, are held and firmly bound unto the United States of America in 

- dollars, lawful 

12 money of the United States, for the payment of which, well and truly to be made to the United States, we bind ourselves, our heirs, 
1«3 executors, and administrators, jointly and severally, firmly by these presents. 

- Sealed with our seals and dated this f lUci'vl OC 1 day of 

15 A. D. 189/. 


/ 


_ She condition of the above obligations is such, That whereas the said 
17 ___ -JL 


,d 



ko^c(/Ai&- 

19 Secretary of the Treasury, acting for and in behalf of the United Staxes, bearing date the 


18 have' entered into a certain contract, hereto attached, with 



, A. D. 189 */: Now , if the said 



23 shall well and truly fulfill all the covenants and conditions of said contract, and shall perforin all the undertakings therein stipulated by 

24 ^TZUUa) . to be performed, and shall well and truly comply w ith and fulfill the conditions of, aud perforin 

25 all of the work a ml furnish all the labor and materials required by, any and all changes in, or additions to, said contract which may 

26 hereafter be made, aud shall perform all the undertakings stipulated by / fet< i-c to be performed in any and all such changes 

27 in, or additions thereto, notice thereof to the said sureties being hereby waived, aud shall promptly make payment to all persons 

28 snpplying^Lu'U _ labor or materials in the prosecution of the work contemplated by said contract, then this obligation to be void ; 



52 

53 
























24 

25 

26 


Office of the tfl. j£. LfruAs/'- 

Distkiot of is ^ rra ^ to - 


. ^uJ<y 

27 i. Ixercby (Certify That zytoy^ok (JimoUajWKi \c haa£v Q- t ^ullu 

jm_ I ^2's] ^ 

29 the sureties who have signed the foregoing bond, are known to me as residents ot tIc 


A. I). 189 



41 
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PROPOSALS FOR THE GENERAL EXCAVATION, ETC., FOR THE U. S. MINT AT 

DENVER, COLO. 


TREASURY DEPARTMENT, Office Supervising Architect, Washington# 
D.C., June 15, 1897. SEALED PROPOSALS will be received at this of¬ 
fice until 2 o’clock, P.M., on the 8th day of July, 1897, and 
opened immediately thereafter, for all the labor and materials re¬ 
quired for the general excavation and test pits for the U.S* Mint 
building at DENVER, COLO., in accordance with drawing and specifi¬ 
cation, copies of which may be had at this office or at the office 
of the Superintendent at Denver, Colo. Each bid must be accompan¬ 
ied by a certified check for a sum not less then 2 % of the amount 
of the proposal. The right is reserved to reject any or all bids 
and to waive any defect or informality in any bid should it be 
deemed in the interest of the Government to do so. All pro¬ 
posals received after the time stated will be returned to 
the bidders. 

Proposals nust be enclosed in envelopes, sealed and narked, 
"Proposal for the General Excavation,etc., for the U.S.Mint at 
Denver, Colo.", and addressed to C.E.Kemper, Acting Supervising 
Arch i t ec t. 


N.B. 


The regulations of the Department strictly prohibit the consid¬ 
eration of bids received after the time stated for opening in the 
advertisement.Bidders are therefore requested to allow ample time 
for the transmission of their bids by mail.Registered letters usu- 
y reach this office at least 24 hours behind the regular mail. 


JOHN D. MC GILVRAY & CO. 

Denver, Colorado 

Contract for general excavation, test pit 
excavation, and preliminary grading. 
Signed: July 12, 1897 

Contract Worth: $ 3,594.00 

30 days to complete. 

$ 10.00 per day penalty for delays. 

< - 



Form 133. 


GENERAL INSTRUCTIONS AND INFORMATION. 


3h-c;t5tu*ij gepartraewl, 

office of the SUPERVISING ARCHITECT. 


PROPOSALS for General Excavation, etc., for the 
TI. S. Mint, Denver, Colo. 

invited by public advertisement, dated June 15 > 1897 . 

BLANK FORM. 

Each bidder must obtain a blank form of proposal from the Office of the Supervising Architect and prepare and submit his proposal 
thereon. The original drawings named in the specifications will be retained in the Office of the Supervising Architect, and tracings 
or photographic copies of the same will be furnished bidders upon application therefor. 

RETURN OF DRAWINGS. 

Parties obtaining copies of drawings must return them within 15 days from the time of receipt. 

COMPETENCY OF BIDDER. 

Proposals from parties who are not known to be regularly and practically engaged in the class of work called for by the drawings 
and specifications, or who do not possess ample facilities for doing the same, will not be considered. 

PRELIMINARY REQUIREMENTS. 

Before submitting a proposal, each bidder must make a careful examination of the drawings and specifications, and fully inform 
himself as to the quality of materials and character of workmanship required, and make a careful examination of the place where 
the materials are to be delivered and the work performed, and make all necessary measurements. 

* 

QUALITY OF MATERIALS. 

Unless otherwise specified, the materials furnished must be of the best quality, make, and device for the purpose required, and 
the bidder must make his estimates accordingly. 

FORM OF PROPOSAL AND SIGNATURE. 

Each bidder must state in his proposal, in writing and in figures (without interlineation, alteration, or erasure), the sum of money 
for which he w r ill supply the materials and perform the work required by the drawings and specifications, and in the event he is willing 
to complete the work in a shorter period than the limit fixed by the specification for if no limit be so fixed), the time for completion. 

The proposal must be signed with the full name, address, and place of residence of the bidder; if the bidder be a copartnership, 
then in the copartnership name by a member of the firm, and the names and addresses in full of each member of the firm must be 
given ; and if a corporation, by an officer in the corporate name, and the corporate seal must be attached to the signature. 

FORFEITURE FOR DELAY. 

Each bidder must understand that, shouldjiis proposal be accepted, he is to forfeit to the United States the sum of 

ten dollars ( $10 » Qyas liquidated damages, for each and every day’s delay not caused by the Government 

that may occur beyond the time stipulated in his proposal for the supply of all the materials and the performance and completion 
of the work; subject, however, to the discretion of the Secretary of the Treasury; and that he is to be entitled to one day, in 
addition to said stipulated time, for each and every day’s delay that may be caused by the Government. 

ALTERATIONS AND ADDITIONS. 

The Department reserves the right to make any additions to or omissions from the work or materials herein provided for; the 
valuation of such work and materials, if not agreed upon, to be determined on the basis of the contract unit of value of material and 
work referred to ; or, in the absence of such unit of value, on prevailing market rates; which market rates, in case of dispute, are to 
be determined by the Supervising Architect, whose decision with reference thereto shall be binding upon both parties; and that no 
claim for damages, on account of such changes or lor anticipated profits, shall be made or allowed. 


CERTIFIED CHECK. 

Each bidder must submit with his proposal a certified check, in a sum equal to 2 per cent of the amount of his proposal, drawn 
to the. order of the Treasurer of the United States, and the proceeds of said check shall become the property of the United States 
if, for any reason whatever, the bidder, after the opening of the bids, withdraws from the competition, or if he refuses to execute the 
contract and bond required in the event of the said contract being awarded to him. 

The checks submitted by the unsuccessful bidders will be returned to them after the approval of the contract or bond to be 
executed by the successful bidder. , 

Bidders are hereby notified that the certified check required with their bid must be drawn to the order of the Treasurer of the 
United States; a check drawn to bidder’s own order or to order of any other person than the Treasurer of the United States although 
indorsed by the party to whose order it is drawn, and although certified or accepted by the bank on which it is so drawn will not be 
accepted as a certified check .such as is required under this invitation. 


SAMPLES. . 

Where the work contemplated by the advertisement requires the use of stone, each bidder must submit with bis proposal a sample 
of the stone which he offers to furnish; and in all other cases the successful bidder must promptly furnish samples’ in duplicate P 0 f 
such materials as may be designated by the Supervising Architect within the time required, and" no material must be put in place 
until after the approval of such sampks No bids for construction of stonework will be considered unless the ^mple is furnished as 

forren&on oTpenames lor delay in most to’wlS'ri'l.Wrf o “ "J 1 cWm 

Department shall have the right to reject the proposal of any bidder and forfeit bis certified check 1 * 1 1GSe re< l uirements > the 


PROTECTION OF WORK AND MATERIALS. 

All work ami materials embraced in bis contract shall remain at the risk of the contractor until the final completion and acceptance 
of the same; and the contractor must, at his expense, take out all necessary policies of insurance lor his protection. 

FORM OF CONTRACT. 

The contract which the bidder agrees to enter into shall be in the form adopted and in use in the Office of the Supervising 
Architect; blank forms of which can be inspected at said office, and will be furnished, upon request being made, to parties proposing 
to put in bids. Bidders arc understood as agreeing to accept the terms and conditions contained in such form ol contract, the right 
being reserved to the Treasury Department to add to, or modify, said form of contract at will. 

PARTIES IN INTEREST. 

No officer of the Treasury Department, superintendent, inspector, clerk, employee, or other person in any manner connected with 
the Office of the Supervising Architect, shall be interested, either directly or indirectly, in the contract or work herein provided lor, 
or be entitled to any benefit derived therefrom ; and any violation of this understanding shall work a forfeiture of all moneys which 
may become due to the successful bidder. 

SUBCONTRACTORS. 

No subcontractor or person furnishing material, or employed by the contractor, will be recognized, except as provided for by act 
of Congress approved August 13, 1894, which act requires that, before the commencement of the work, the contractor shall execute 
a penal bond, with good and sufficient surety, providing that he shall promptly make payments to all persons supplying him labor 
and materials in the prosecution of the work provided for in such contract. 


PAYMENTS. 


Payments will be made monthly, as near as may be, on account of the work satisfactorily executed and m place in the building. 
Such payments will be based upon the estimated value of the quantity of such work as ascertained by the Supervising Architect by 
computation from the contract unit of value, less ten per cent of such estimate, which will be retained until the entire and satisfactory 
completion, final inspection, and acceptance of all the materials and work embraced in the contract, at which time final payment, ol 
the balance due will be made. 

In ease of payments for heating apparatus, monthly payments of eighty per cent will be so made, and an additional payment of ten 
per cent upon completion of a test of the heating apparatus at tlie contractor’s expense. The final payment of ten per cent will be 
made after the heating apparatus shall have been operated for one heating season to the satisfaction of the Treasury Department. 

EIGHT-HOUR LAW. 

Tlie attention of bidders is called to the act of Congress, approved August 1, 1892, limiting the hours of daily service of laborers 
and mechanics employed upon public works of the United States to eight hours in any one calendar day. 

RIGHTS RESERVED. 

The Treasury Department reserves the right to accept any part or parts of the proposal made at the prices included in same; also 
to waive any informalities in, and to reject any and all proposals, and to require the contractor to discontinue the services ol any 
workman employed on the work who is unskillful or otherwise objectionable. 

TIME OF TRANSMISSION. 

Proposals shall be transmitted in time to reach the Supervising Architect’s Office before the hour set for opening bids. No proposal 
received after that time will be considered. 

INDORSEMENT. 


Each proposal must be in 
“Proposal for the 

0010 .”, 



From (Here insert name and address of bidder. | 


and addressed to— 


Acting Supervising Architect, 

Tl l -E^U-PE W m WI 'A lTfl'H'F l 'W * " -’-- 

TREASURY DEPARTMENT, 

WASHINGTON, D. C. 
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SPECIFICATION, 


GENERALLY. 

Proposals must be made in one sum on the form hereto attached 
for all the labor aid materials required for the gpneral excavation, 
test pits and preliminary grading for the U.S.Mint building at 
Denver, Colo., in strict accordance with drawing No.l-B and this 
specif icat ion« 

Each bidder must state the price per cubic yard for excava¬ 
ting; said price to be the basis of computation for any additions 
to, or omissions from, the work as. shown on the drawing and re¬ 
quired by the specification. 

Each bidder must state the time in which he will complete the 
work, which time must not exceed thirty days from the date of the 
approval of the formal bond by the Secretary of the Treasury, 

It will be an obligation of the contract that the work shall 
progress continuously and with a sufficient force of workmen to 
secure its completion within the time stipulated. 

SURVEY, 

The contractor must employ and pay for the services of a com¬ 
petent engineer or surveyor to lay out the work in strict accord¬ 
ance with the drawing and at completion of the work, to furnish to 
superintendent a certificate that the lines and levels are cor¬ 
rect and in accordance with the drawing. 

GENERAL EXCAVAT ION, ETC , 

The work to be performed in strict accordance with the draw- 
ing, the slopes to be at the ratio of one vertical to two horizon¬ 
tal, and the contractor must take all necessary precautions against 
bank slides and, if necessary, must furnish and place suitable 
substantial shoring, which will remain the property of the Govern- 
men t« 


The contractor must remove from sidewalks, beyonl the lot line, 
*^11 earth that has washed from the lot since the streets and 
sidewalks have been graded. 

Should rock, boulders, old cellar foundat ion walls, old con¬ 
crete foundations, or other impediment be found, the contractor 
must remove the same and do an drilling and blasting required. 

The test pits to be dug where indicated, each to be 5*0" di¬ 
ameter, to extend to depth shown and to be sheathed with 2" planks 
thoroughly braced against conapse. The contractor must report 
fully the nature of each foot of the clay, gravel, &c, ronoved from 
each of the pits, as the same is met in performing the excavation. 

The line of trees near to, and parallel with,South 13th Street, 


5 


to be strongly boxed and carefully protected from damage; all other 
trees to be removed and their roots grubbed out. 

After completion of the work, the contractor must remove from 
the premises all surplus earth and other material excavated, in¬ 
cluding pipes, old foundations, &c., and any sewer, gp.s or other 
piping met with in performing the excavation mist be ranoved to 
outer lines of the excavation, where the piping must be cut and 
remaining end to be properly capped. 

DAMAGE, &C. 

The contractor will be held responsible for and be required 
to make good at his own expense any and all damage to surrounding 
streets done or caused by his workmen or in the execution of his 
contract, and the entire work to be completed to the satisfaction 
of the Superintendent and the Supervising Architect. 

C. E. Kemper, 

Acting Supervising Architect. 


PROPOSAL FOR THE GENERAL EXCAVATION, ETC., FOR THE U. S. MINT AT 

DENVER, COLO. 


1897. 


Mr. C.E.Ksnper, 

Acting Supervising Architect, 
Treasury Department, 

Washington, D. C. 


Sir: 


-hereby propose to furnish all the labor and materials 

required to complete the general,and test pit excavation and pre¬ 
liminary grading for the U.S.Mint at Denver, Colo., in strict ac¬ 
cordance with drawing NOol-B and the specification, for the sum of: 


----(i-> 

Price per cu.yd. for excavation - -- -- -- -- -- -($- - - - -) 

Time to complete - ------------- 

Signature - -- -- -- -- -- -- -- - - - - 

Address -------------------- 

Names of Individual! Members of Fim. 


Name of Corporation 


Name of President 


Name of Secretary 


Under what law corporat ion is 
organized 














PROPOSAL FOR TJIE GENERAL EXCAVATION, ETC., FOR THE U. S. MINT AT 

DENVER, COLO. 


1897. 


Mr. C.E.Ksnper, 

Acting Supervising Architect, 
Treasury Department, 

Washington, D. C. 

Sir: 


-hereby propose to furnish fJI the labor and iraterials 

required to complete the general,and test pit excavation and pre¬ 
liminary grading for the U.S.Mint at Denver, Colo., in strict ac¬ 
cordance with drawing Nod-B and the specification, for the sum eft 


--- {$ - ) 

Price per cu.yd. for excavation- _________ -($- - -_) 

Time to complete - 

Signature ___ 

Address -------------------- 

Names of Individual Manbers of Firm. 


Name of Corporation 


Name of President 


Name of Secretary 


Under what law corporation is 
organized 














PROPOSALS FOR THE GENERAL EXCAVATION, ETC., FOR THE U. S. MINT AT 

DENVER, COLO. 


TREASURY DEPARTMENT, Office Supervising Architect, Washington, 
DoCo, June 15, 1897« SEALED PROPOSALS will be received at this of¬ 
fice until 2 o’clock, P.M., on the 8th day of July, 1897, and 
opened imrediately thereafter, for all the labor and materials re¬ 
quired for the general excavation and test pits for the U.S* Mint 
building at DENVER, COLO., in accordance with drawing and specifi¬ 
cation, copies of ishich may be had at this office or at the office 
of the Superintendent at Denver, Colo. Each bid must be accompan¬ 
ied by a certified check for a sum not less than 2% of the amount 
of the proposal. The ri$vt is reserved to reject any or all bids 
and to waive any defect or infomality in any bid should it be 
deened in the interest of the Government to do so. All pro¬ 
posals received after the time stated will be returned to 
the bidders. 

Proposals must be enclosed in envelopes, sealed and marked, 
"Proposal for the General Excavation, etc <,, for the U.S.Mint at 
Denver, Colo.", and addressed to C.E.Kemper, Acting Supervising 
Arch i t ec t. 


N.B. 

The regulations of the Department strictly prohibit the consid¬ 
eration of bids received after the tine stated for opening in the 
advert isement.Bidders are therefore requested to allow ample time 
for the transmission of their bids by mail.Registered letters usu¬ 
ally reach this office at least 24 hours behirrf. the regular mail. 


Form 133. 


GENERAL INSTRUCTIONS AND INFORMATION. 


'greastmj Jkpartmcnt, 

office of the SUPERVISING ARCHITECT. 


PROPOSALS for General Excavation, etc., for the 


U.S. Mint, Denver, Colo. 

invited by public advertisement, dated June 15, 1897 . 

BLANK FORM. 

Each bidder must obtain a blank form of proposal from the Office of the Supervising Architect and prepare and submit his proposal 
thereon. The original drawings named in the specifications will be retained in the Office of the Supervising Architect, and tracings 
or photographic copies of the same will be furnished bidders upon application therefor. 

RETURN OF DRAWINGS. 

Parties obtaining copies of drawings must return them within 15 days from the time of receipt. 

COMPETENCY OF BIDDER. 

Proposals from parties who are not known to be regularly and practically engaged in the class of work called for by the drawings 
and specifications, or who do not possess ample facilities for doing the same, will not be considered. 

PRELIMINARY REQUIREMENTS. 

Before submitting a proposal, each bidder must make a careful examination of the drawings and specifications, and fully inform 
himself as to the quality of materials and character of workmanship required, and make a careful examination of the place where 
the materials are to be delivered and the w T ork performed, and make all necessary measurements. 

QUALITY OF MATERIALS. 

Unless otherw ise specified, the materials furnished must be of the best quality, make, and device for the purpose required, and 
the bidder must make his estimates accordingly. 

% 

FORM OF PROPOSAL AND SIGNATURE. 

Each bidder must state in his proposal, in wTiting and in figures (without interlineation, alteration, or erasure), the sum of money 
for which he w ill supply the materials and perform the work required by the drawings and specifications, and in the event he is willing 
to complete the work in a shorter period than the limit fixed by the specification for if no limit be so fixed), the time for completion. 

The proposal must he signed with the full name, address, and place of residence of the bidder; if the bidder be a copartnership, 
then in the copartnership name by a member of the firm, and the names and addresses in full of each member of the firm must be 
given; and if a corporation, by an officer in the corporate name, and the corporate seal must be attached to the signature. 

FORFEITURE FOR DELAY. 

Each bidder must understand that, should his proposal be accepted, he is to forfeit to the United States the sum of 

t en dollars ( £10.00as liquidated damages, for each and every day’s delay not caused by the Government 

that may occur beyond the time stipulated in his proposal for the supply of all the materials and the performance and completion 
of the work; subject, however, to the discretion of the Secretary of the Treasury; and that he is to be entitled to one day, in 
addition to said stipulated time, for each and every day’s delay that may be caused by the Government. 

ALTERATIONS AND ADDITIONS. 

The Department reserves the right to make any additions to or omissions from the work or materials herein provided for; the 
valuation of such work and materials, if not agreed upon, to be determined on the basis of the contract unit of value of material and 
work referred to; or, in the absence of such unit of value, on prevailing market rates; which market rates, in case of dispute, are to 
be determined by the Supervising Architect, whose decision with reference thereto shall be binding upon both parties: and that no 
claim for damages, on account of such changes or for anticipated profits, shall be made or allowed. 

CERTIFIED CHECK. 

Each bidder must submit with his proposal a certified check, in a sum equal to O per cent of the amount of his proposal drawn 
to the order of the Treasurer of the United States, and the proceeds of said check shall become the property of the United’ States 
if, for any reason whatever, the bidder, after the opening of the bids, withdraws from the competition, or if he refuses to execute the 
contract and bond required in the event of the said contract being awarded to him. 

The check? submitted by the unsuccessful bidders will be returned to them after the approval of the contract or bond to be 
executed by the successful bidder. 

Bidders are hereby notified that the certified check required with their bid must be drawn to the order of the Treasurer of the 
United States; a check drawn to bidder’s own order or to order of any other person than the Treasurer of the United States although 
indorsed by the party to whose order it is drawn, and although certified or accepted by the bank on which it is so drawn will not be 
accepted as a certified check such as is required under this invitation. 


SAMPLES. 


Where the work contemplated by the advertisement requires the use of stone, each bidder must submit with his proposal a sample 
of the stone which he oilers to furnish ; and in all other cases the successful bidder must promptly furnish samples, in duplicate of 
such materials as may be designated by the Sxipervising Architect within the time required, and no material must be put in pla*e 
until after the approval of such samples. No bids for construction of stonework will be considered unless the sample is furnished as 
required, and any delay on the part of the contractor in furnishing samples of material will be considered as a waiver ol any claim 
for remission of penalties for delay in completion of contract. Each sample must be properly labeled with the title and location of 
from whirh^fthtifri^ 6 *. of c ? n J ra ^ tor marked thereon ; and, if of stone, must hear the name and location of the quarrv 


PROTECTION OF WORK AND MATERIALS. 

All work and materials embraced in his contract shall remain at the risk of the contractor until the filial all< ^ P 

4 of the same; and the contractor must, at his expense, take out all necessary policies of insurance tor his protection. 

FORM OF CONTRACT. 

The contract which the bidder agrees to enter into shall be in the form adopted and m use in ^ f tiApropos!ng 

Architect; blank forms of which can be inspected at said office, and will be furnished, upon req 8 ’ contract P the right 

to put in bids. Bidders arc understood as agreeing to accept the terms and conditions contained in sue > 

being reserved to the Treasury Department to add to, or modify, said form of contract at will. 

PARTIES IN INTEREST. 

No officer of the Treasury Department, superintendent, inspector, clerk, employee, or other person in any^rnaii 
the Office of the Supervising Architect, shall be interested, either directly or indirectly, in the u ni P oueys which 

or be entitled to any benefit derived therefrom ; and any violation of this understanding shall work a forieiture y 

may become due to the successful bidder. 

SUBCONTRACTORS. 

No subcontractor or person furnishing material, or employed by the contractor, will be recopized cxc^ 
of Congress approved August 13, 1894, which act requires that, before the commencement of the work, the contractor shall execute 
a penaf bond , 1 with good and sufficient surety, providing that lie shall promptly make payments to all persons supplying Inn . 
and materials in the prosecution of the work provided for in such contract. 

PAYMENTS. 

Payments will be made monthly, as near as may be, on account of the work satisfactorily executed and in place in thei building. 



completion, 

the balance due will be made. . 

In case of payments for heating apparatus, monthly payments of eighty per cent will be so made, and an additional payment ot ten 
per cent npon completion of a test of the heating apparatus at the contractor’s expense. The final payment of ten per cent will u* 
made after the heating apparatus shall have been operated for one heating season to the satisfaction of the Treasury Department. 


EIGHT-HOUR LAW. 

The attention of bidders is called to the act of Congress, approved August 1, 1892, limiting the hours of daily service of laborers 
and mechanics employed upon public works of the United States to eight hours in any one calendar day. 


RIGHTS RESERVED. 

The Treasury Department reserves the right to accept, any part or parts of the proposal made at the prices included in same; also 
to waive any informalities in, and to reject any and all proposals, and to require the contractor to discontinue the services of any 
workman employed on the work who is unskillful or otherwise objectionable. 


TIME OF TRANSMISSION. 

Proposals shall be transmitted in time to reach the Supervising Architect’s Office before the hour set for opening bids. No proposal 
received after that time will be considered. 


INDORSEMENT. 

Each proposal must be inclosed in an envelope, sealed, and indorsed as follows; 

“Proposal for the General Excavation, etc •, for the 
Colo.", 


U.S.Mint ,Denverj, 


From [Here insert name and address of bidder. | 


and addressed to— 


Act ing r 


Supervising Architect, 

r m.if*ri.<m>vi'4iNii ■Alrt=ill'l»PPT...v-s . 

TREASURY DEPARTMENT, 

WASHINGTON, 


D. C. 
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SPECIFICATION. 


GENERALLY. 

Proposals must be made in one sum on the form hereto attached 
for axl the labor and materials required for the gpneral excavation, 
test pits and preliminary grading for the U.S.Mint building at 
Denver, Colo., in strict accordance with drawing No.l-B and this 
specif icat ion. 


Each bidder must state the price per cubic yard for excava¬ 
ting; said price to be the basis of computation for any additions 
to, or omissions from, the work as. shown on the drawing and re¬ 
quired by the specification. 

Each bidder must state the time in which he will complete the 
work, 'which time must not exceed thirty days from the date of the 
approval of the formal bond by the Secretary of the Treasury. 

It will be an obligation of the contract that the work shall 
progress continuously and with a sufficient force of workmen to 
secure its completion within the time stipulated. 

SURVEYo 

The contractor nust employ and pay for the services of a com¬ 
petent engineer or surveyor to lay out the work in strict accord¬ 
ance with the drawing and at completion of tie work, to furnish to 
the Superintendent a certificate that the lines and levels are cor 
rect and in accordance with the drawing. 

GENERAL EXCAVAT ION, ETC . 

The work to be performed in strict accordance with the draw¬ 
ing, the slopes to be at the ratio of one vertical to two horizon¬ 
tal, and the contractor must take all necessary precautions against 
bank slides and, if necessary, must furnish and place suitable 
sub^antial shoring, which will remain the property of the Govern¬ 
ment • 


The contractor must remove from sidewalks, beyoni the lot line, 
all earth that has washed from the lot since the streets and 
sidewalks have been graded. 

Should rock, boulders, old cellar fbundat ion walls, old con¬ 
crete foundations, or other impediment be found, the contractor 
must remove the same and do all drilling and blasting required. 

The test pits to be dug where indicated, each to be 5'0” di¬ 
ameter, to extend to depth shown and to be breathed with 2" planks 
thoroughly braced against collapse. The contractor must report 
fully the nature of each foot of the clay^ gravel, &c., renoved from 
each of the pits, as the same is met in performing the excavation* 

The line of trees near to, and parallel with,South 13th Street, 
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tre^ :rr ely h0X f < “ 4 oarefull y protected from dairage; «U other 
trees to be removed and their roots grubbed out. 

.. ^ fter oan rd etion °f the work, the contractor must remove from 
c?udi all surplus earth and other material excavated, in- 

nioi ”; Pe V W f0Undat 10ns ’ 4c ' > and any sewer, gas or other 
ouLr®!? P erformin g ‘he excavation nust be removed to 

remain intend ^ t V eXOavatlon - whare ^e piping must be cut art! 
remaining end to be properly capped. 

DAMAGE, &C. 

to mJe h ^ooTlt C £?r Wl11 be held respons ffor and be required 
make good at his own expense any and all damage to surrounding 

streets done or caused by his workmen or in tte execution of his 

of toe Sun ‘he entire work to be completed to the satisfaction 
f the Superintendent and the Supervising Architect. 


C. E. Kempe r, 

Acting Supervising Architect• 


PROPOSAL FOR TNE GENERAL EXCAVATION, ETC., FOR THE U. S. MINT AT 

DENVER, COLO. 


--- 1897 . 

Mr. C.E.Kanper, 

Acting Supervising Architect, 

Treasury Department, 

Washington, D. C. 

Sir: 


-hereby propose to furnish all the labor and materials 

required to complete the general,and test pit excavation and pre¬ 
liminary grading for the U.S.Mint at Denver, Colo., in strict ac¬ 
cordance with drawing No.l-B and the specification, for the sum of 


.-.-d.) 

Price per cu.yd. for excavation — _________ 

Time to complete _______________ 

Signature- ______________ _ _ _ 

Address 

Names of Individual Members of Finn. 


Name of Corporation 


Name of President 


Name of Secretary 


Under what law corporation is 
organized 


• • 














PROPOSAL FOR THE GENERAL EXCAVATION, ETC., FOR THE U. S. MINT AT 

DENVER, COLO. 


July_ _3,_ _ _ _ _ 1897. 


Mr. C.E.Kanper, 

Acting Supervising Architect, 

Treasury Department, 

Washington, D. C« 

Sir: 

We 

- hereby propose to furnish all the labor and materials 

required to complete the general,and test pit excavation and pre~ 
liminary grading for the U.S.Mint at Denver, Colo., in strict ac¬ 
cordance with drawing No.l-B and the specification, for the sum of: 

Thirty-five hundred and ninety-four dollars 


_^3594.0°_) 

_ . , _ . . Thirty-five cents 0.35 . 

Price per cu.yd. for excavation-- - - ($- - - - -) 

. Thirty (30) days 

Time to complete --------------- 

John D. McGilvray & Co. 

Signature-- - - - - 

. Denver, Colo. 

Address -------------------- 

Names of Individual Menbers of Finn. 

John D. McGilvray Robert Findlay 


Name of Corporation 


Name of President 


Name of Secretary 


Under what law corporation is 
organized 


C. E. KEMPER, 

Acting Supervising Architect. 

July 8, 1897. 


C. 














TREASURY DEPARTMENT, 


J.A.W, 


R • F • G • 

B. 

OFFICE OF THE SECRETARY, 

Washington, D.C., July 12, 1897. 

Messrs. John D. McGilvray, & Co., 

Denver, Colorado. 

Gentlemen:- 

Your proposal dated the 3rd instant, received under adver¬ 
tisement dated the 15th ultimo and opened on the 8th instant, to 
furnish all the labor and materials required to complete the 
general excavation, the test pit excavation and preliminary grad¬ 
ing for the U.S. Mint at Denver, Colorado, In strict accordance 
with drawing #1-B and the specification, for the sum of three 
thousand five hundred and ninety-four dollars, ($3,594.00) is 
hereby accepted. 

It is understood that the work is to be completed within 
thirty (30) days from the date of the approval of the formal 
contract and bond which you will be required to execute as a guar¬ 
antee for the faithful performance of the work, said bond to be 
in the sum of one thousand eight hundred dollars ($1,800.00), 
a form for which will be forwarded to you for execution and return 
to this Department for examination, approval and file; and it is 
further understood that the said contract and bond must be executed 
and returned by you within five (5) days from the date of its 
receipt. 

It is also understood and agreed that the work embraced in 
this acceptance is not to be commenced by you until the approval 


w 2 ~ 


• f y0Ur SaW contract and bond, of which you will be notified. 
Please promptly acknowledge the receipt ot __ 

Respectfully yours, 

L. J. GAGE, 

Secretary. 


C. 




o 
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